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BMG/EMO Project personnel convened with the 6594th Test Wing 
Groups dn 11 and 12. February 1960 to review equipment requirements 
for the Satellite Test Center at Sunnyvale, Californis. The list 
contained a limited renge of both persoual and funetional equipment. 
Agreements resched at these meetings resulted in the categorizing of 
the list in-three parts: | 

a. Personal equipment will be carried wader a normal 
AUTHORIZED LIBT and shall be obtained by the Wing. 


b. Functional and operating equipment, ie., electronic benches, 
ogeilliscope, power units, etc., will be furnished as GFP through the 
ISM, held accountable under en AFH account. : | 


. Machine tools and some special test equipment will be considered 
under the facilities contract. | 





2. Overtime Utilized on Satellite en 





er) 


The rate of overtime utilized by D on satellite system programs 
oe for December 1959 and January 1960 was respectively 3.5% and 7%. 






negotiation of the technical proposal. This WLLL be followed shortly 


of Negotistions.are scheduled to commence 23 February 1960 for the 
theresfter by negotiation of the cost proposal. 
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